BILL NO. S-72-04- } C 


SPECIAL ORDINANCE NO. S' 


- 55 "72- 


AN ORDINANCE approving Change Order No. 7 
with C & C/Bohrer, Inc. covering work 
performed on Sewage Works Project. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE , INDIANA: 

SECTION 1. That Change Order No. 7 , with C & C/Bohrer, 
Inc. , covering work performed on Sewage Works Project - Chlorina- 
tion Building and Controls, for a total cost of $5,113.00, is 

il 

hereby in all things ratified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and 
effect from and after its passage and approval by the Mayor. 


i Vi 

2 . A O ^ ■ ') ^ 


Councilman 


APPROVED AS TO FORi 



Read the first time in full and on motion by 




seconded by 


referred to the Committee op. 
City Plan Commission for 


and duly adopted, read the second time by title and 

- ■ . 

<:.■ ( an<L_to— th. e 

to be held after due legal 


n o tlney-n^— tAe-C^un-el-l— Ghnmb-ea^s- r --C^-t^=--GQun-&y— B-ui-ldj-n&'T -Fort Wayua^ I ndiana . on 


the 


day 


o.cci ock 


P.WL^-E US.JL 

Date : 





7 


Read the third time in full and on motion by 


jgjgSg ; 


CITY CLERK 


7/^ 


seconded by 


72 




and duly adopted, placed on its passage. 


Passed (LOSS) by the following vote: 


AYES 

L U 

Burns 

,/ 

Hinga 

,/ 

Kraus 


Nuckols 

\/ 

Moses 

s 

Schmidt, D. 

i/ 

Schmidt, V. 


Stier 

i/ 

Talarico 


Date 


NAYS Q , 



ABSTAINED , ABSENT to-wit : 




CITY CLERK 




Passed and adopted by the Common Council of the City of Fort Wayne, Indiana as (Zoning 
Mao) (General) ( Annexe! Lem') (Special) (Appropriation) Ordinance ( Res olut-i on) N o . ,7* 3 S - 


on the 7 day of , 1 9 . 



REPORT OF THE COMMITTEE ON PUBLIC WORKS 


We 9 your Committee on Public Works to whom was referred an Ordinance 

approving Change Order No. 7 with C & C/Bohreer, 

Inc, covering work performed on Sewage Works Project. 


have had said Ordinance under consideration and beg leave to report back to the Common 


Council that said Ordinance \) O PASS. 

Winfield 0. Moses ? .Tr~ - Chairman 

William T. Hinga - Vice-Chairman 

Samuel J. Talarico 

Eugene Kraus, Jr. 

Donald J. Schmidt 



DATE 


CONCURRED !N 

T..0 ARIES V/.- WESTERN AN-,' CITY CLERK- 


Citp of Jfott W&vne 

Snisima 

58-113=12 
April 18, 1972 



Mr. David B. Keller 

1310 Anthony Wayne Bank Building 

Fort Wayne, Indiana 46802 

Dear Mr. Keller: 

Please prepare an ordinance to be introduced in the Common Council 
Tuesday, April 25, 1972 for the following: 

CHANGE ORDER NO. 7 is for C & C/Bohrer, Inc., covering work performed 
on Sewage Works Project - Chlorination Building and Controls. 

Yours truly. 


Jerry D. Boswell 
Ronald L. Bonar 
Will iam G. Williams 
BOARD OF PUBLIC WORKS 

ajf 


encs. 


